for which he has not made payment in full. TheContractorshulhitsuch times as moneys lira payable hereunder, deliver to the Engineer a sworn statement, showing as of that date the amount owing by him for materials and labor performed.
Art. XXIV. The Town shall pay and the Contractor shall receive as full compensation for everything furnished and done by the Contractor under this contract, including all work required but not specifically mentioned in the following items, awl al.so for till loss or damage arising out of the nature of the work aforesaid, or from tho action of the elements, or from any unforeseen obstruction or difficulty encountered in the prosecution of the: work, and for all risks of every description connected with the work, and for all expenses incurred by or in consequence of the suspension or discontinuance of the work as heroin specified, and for well and faithfully completing the work as herein provided, as follows:
Item la. For all earth excavation for pump well, and earth excavation in trench from surface to depth of not over six (C) feet for sewers, manholes, and other appurtenances, including all sheeting, bracing, pumping, back-filling, resurfacing, etc., and the care of existing structures, precautionary measures and all other work incidental thereto, as required by the specifications, but not including the earth excavation for that part of the Harborsido sewer to be constructed of cast-iron pipe, the sum of..............(S . . . .) per cubic, yard.
Item Ib. For all earth excavation in trench below six (0) feet for sewers, etc. (as abovo stated) the sum of..........................................(.?....) per cuhir: yard.
The items inserted here but not reprinted correspond with those in the "Information for Bidders" and the "Bid or Proposal."]
Item 17. For extra work, if any, performed in accordance with Article XXII of this contract, the reasonable cost of the work as determined by the Engineer, whoso determination shall be final, phis fifteen per cent. (15To) of such cost.
Art. XXV. The Engineer shall, once in each month, make an estimate in writing of the total amount of the work done to the time of such estimate arid the value (hereof. Tho party of the first part shall retain fifteen per cent, of such estimated value us purl, security for the fulfilment of this contract by the Contractor, and shall monthly pay to the Contractor while carrying on the work, the balance not retained as aforesaid, after deducting therefrom all previous payments and all sums to be kept or retained under the provisions of this (ton-tract. No such estimate or payment shall be required to be mado when, in the. judgment of the Engineer, the total value of the work done since the last, estimate amounts to less than three hundred dollars (5300). Payment may at any time be withheld if the work is not proceeding in accordance with the contract. The party of thn first part may, if they deem it expedient so to do, cause estimates to be mado more frequently than once in each month, and they may cause payments to be made more frequently to the Contractor. The party of the first part may at their option retain temporarily or permanently ft smaller amount than is aforesaid, and may cause the Contractor to be paid temporarily or permanently from time to time during the progress of the work, nucli portion of the reserve as they deem prudent.
The Engineer shall, as soon as practicable after the completion of this contract, make a final estimate of the amount of work done thereunder, and the value of sueh work, and the party of the first part shall, within sixty days after such final estimate is so made and is approved by the party of the first part, pay the entire sum so found to be duo hereunder.after deducting therefrom all previous payments and all amounts to be kept and all amounts to be retained under the provisions of this contract, including the two per cent, of the amount of the oon-tract to be retained as hereinafter provided for the making of repairs. All prior partial estimates and payments shall be subject to correction in the final estimate and payment.
It is distinctly agreed and understood that any changes made in tho plans and .specifications for this work, whether such changes increase or decrease tho amount thereof or any change in the manner, time or amounts of payments made by the party of the first part to the Contractor, whether before or after the time for completion specified in this contract, shall in no wise annul, release, or in any way affect the liability and surety on tho bond given by the Contractor.